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Read the first time in full and rn motion by, seconded by 
and duly adopted,- read the second time by title and referred 


to the Committee on 





at _ 


at the Co.u nejJ-~-Stemb-ersT~6d 

srsy'oT 

oT!ock RTHTTETStIS 

Date * /~ xS ■ 

Read the third time in full and on motion by_ ■ _ 

seconded by , and duly adopted, placed on its passage. 


Passed 4feS£sF->) by the follow!no vote: 


AYES 


NAYS 


0 0 


ABSTAINED 


LJ 


BURNS 


HINGA 


HUNTER 

ty 

MOSES 


NUCKOLS 

SCHMIDT, D. 


SCHMIDT, V, 

STIER 
TALARI CO 
DATE: 


/~^ / 3 




CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 

■ as (ZofrinH ^frjfr) (fictrefol) . (AnncxatTOn ) (Special) ( A p prop - r - iQt i-on) Ordinance 
(Pe^oTutTon 4 No. c 3~~ xji? o n the Z,33'~^ d ay of ? 19 1<3 . 

•/;** ~tO'‘^FEST: (SEAL) 

^00/044a,yf : - 



^ > 0 ^ 

Presented b 1 / metiTi tne flavor of the Citv of Fort Havne-, Indiana, on the / 


, .day .vof 



Aoproved and sianed by me this 
at the hour of t &Q o' clock 


19, at.the, hour of p ‘ cl o c k. 

CITY CLERK 

is /¥&!_ day of QoMdlOA^ 197 L . 
fi M.^E.S.T. 




































































S-75-12-52 


Bill No. 

REPORT OF THE COMMITTEE ON PUBLIC WORKS _ 

We 9 your Committee on Public Works' to whom was referred an Ordinance 

approving Change Order No. 4 in connection with Resolution 273, St. Joe 

Interceptor 


have had said Ordinance under consideration and beg leave to report back to the Common 



































—■ /;•- 3ri~Zd 

'w hsr 

CHANGE ORDER ' 

Change Order No. 4 _ Resolution No. 273 

Project No. ,72170. C-180-475 Board Order No."#>9-1972 

Name of Projec t St. Joe Interceptor _ Dat e December 2. 1975 

To: Hipskind Asphalt Corporation _ 

(Contractor) 

Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 


Item 

No. 


Description of Change 


Change in Contract Price 

Quantity 

Description 

Unit Price 

Decrease 

Increase 

31 

785 C.Y. 

Crushed Stone Bedding 

$ 8.00 


$6,280.00 

























Total Decrease 

Total Increase 

Net (ESEXSSSSS (Increase) Contract Price 




$6,280.00 


$6,280.00 


The sum of $, 6,280.00 _ is hereby (added to) the total contract price 

and the final contract price shall be adjusted as follows: 


Original Contract Price $ 176.694.50 
Current Contract Price Adjusted by Previous Change Order $186,073.20 
New Contract Price Including This Change Order $ 192,353.20 


The time provided for completion in the contract for this project is (unchanged) 

(&HSSH0BC&) by 0 _ calendar days due to this Change Order. The date for completion" 

of all work shall be unchanged _. Furthermore, this document shall become an 

amendment to the contract and all provisions of the contract shall apply hereto. 

Recommended by ^ (Chief &• Engineer) Dat e /^> / /97^ 

Accepted by: " 7 ) 

Approved by 
Approved b; 


(Contractor ) Date_ 
(City Engineer) Date_ 


Attested by: 



17. -VI 5 


(Owner ) Date /c3~ - y 


(Clerk) Dat e /jjl - */- 
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Change Order No. 4 
Resolution No. 273 
Board Order No. 79-1972 
REQUEST AND JUSTIFICATION FOR CHANGE 

1. Necessity for change: Unstable pipe laying conditions throughout project 

necessitated li beral use of crushed stone bedding to stabilize pipe. The 
unstable base consisted of peat moss, and gravel in conjunction with high 
ground water conditions. 


2. Will proposed change alter size of the project? Ye s X No_ 

If yes, explain 
In cost only. 


3. Affect on operation and maintenance cost of this project: 

With a stable base, maintenance and operation expenses will be greatly decreased. 



Engineer 



























TITLE OF ORDINANCE Special Ordinance __ 

DEPARTMENT REQUESTING ORDINANCE _ Board of Public Works 




SYNOPSIS OF ORDINANCE Covers Change Order #4. Resolution 273 from Hipskind Asphal t 
Corporation in amount of $6,280,00. (St. Joe Interceptor) 

Because of unstable pipe laying conditions throughout project, liberal use of 

crushed stone bedding was necessary to stabilize pipe. The unstable base consist ed 

of peat moss, and gravel in conjunction with high ground water conditions. 


EFFECT OF PASSAGE With a stable base, maintenance and operation pyppnsps will Bp 
greatly decreased. ......—- 


EFFECT OF NON-PASSAGE Unstable base causing high maintenance & operation expenses 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $6.280.00 


ASSIGNED TO COMMITTEE 






























